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NOTIFICATIONS BY GOVERNMENT 


IIIII 


GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


RIGHT TO 
INFORMATION 


Water Resources Dept. , Construction and commissioning of Lift schemes to lift 
12.50 Mcft to feed Mudireddypalli tank from TGP Main canal at Km.120.925 and to 
feed 23.210 Mcft to feed Thippireddypalli tank ( Goderu Cheruvu ) from TGP main 
canal at Km.120.925 in Mydukur Mandal , YSR Kadapa District Administrative 
approval for Stage - II sanction Accorded - Orders . - Issued . 

WATER RESOURCES ( PROJECTS.III ) DEPARTMENT 


Dated : 29.08.2022 . 
Read the following : 


G.1108 


1 ) | GO Rt No.114 , WR ( Proj.III ) Dept. , Dated : 12.02.2019 . 

2 ) 

From the Chief Engineer ( P ) , Kadapa Lr.No.CE ( P ) & DWRO / WRD / KDP / 
TGPW / DEE / AEE.2 / LIS - MT / 18 , Dt : 28.05.2021 . 

3 ) 

From Chief Engineer ( P ) , Kadapa Lr No.CE ( P ) & DWRO / KDP / TGPW / 
DEE / AEE2 / F.LIS.Mt / 18 , dt : 22.06.2021 . 

4 ) 

From ENC ( I ) , Vijayawada Letter No.ENC ( I ) / DCE ( GDS ) / OT2 / AEE5 / 
MUDINEPALLI Dt : 03.02.2022 & 03.06.2022 . 

&&&& 


In the GO 1st read above , the Government have accorded administrative 
sanction for the Stage - I for the work " Investigation and design of lift irrigation 
scheme to lift 12.50 Mcft of water to feed Mudireddipalli tank from TGP Main canal 
at Km 122.300 and to feed 23.210 Mcft of water to Thippareddipalli tank ( Goderu 
Cheruvu ) in Mydukur ( M ) , YSR Kadapa District " for an amount of Rs.43,60,000 / 
( Rupees Fortythree Lakhs and Sixty Thousand only ) . 


2. In the circumstances reported by the ENC ( I ) , Vijayawada / Chief Engineer ( P ) , 
Kadapa in the references 2nd to 4th read above , the Government after careful 
examination of the matter , hereby accord administrative approval for the Stage - II 
estimate for " Construction and commissioning of Lift schemes to lift 12.50 Mcft to 
feed Mudireddypalli tank from TGP Main canal at Km.120.925 and to feed 23.210 
Mcft to feed Thippireddypalli tank ( Goderu Cheruvu ) from TGP main canal at 
Km.120.925 in Mydukur Mandal , YSR Kadapa District including O & M " for an amount 
of Rs.8,97,00,000 / - ( Rupees Eight Crores and Ninetyseven Lakhs only ) subject to 
the condition that the CE shall ensure the following before according technical 
sanction : 


i ) ensure correctness of quantities , leads , rates and data proposed in the 
estimate . 

ii ) Necessary designs and drawings has to be obtained from the competent 
authority . 


iii ) 

A provision of Rs.70.00 lakhs is proposed towards LA for 7.00 acres . LA details 
and Land value certificate from Revenue dept . be obtained . 

iv ) 

v ) 


Detailed estimates for certain components are missing . The detailed estimates 
for all the components be obtained . 


Permission has to be obtained from the Competent authority to draw required 
quantum of water by the proposed lift point from the source . 


3 . 

The above expenditure shall be debited to the Head of Account : 4700 Col on 
Major Irrigation - 01 Major Irrigation ( Commercial ) – 123 Telugu Ganga Project 
GH 11 State Development Schemes - SH 27 Canals & Distributaries - 530 Major 
Works / 531 Major Works / 532 Land Acquisition . 


4. The ENC ( I ) , Vijayawada / Chief Engineer ( P ) , Kadapa shall take necessary 
action accordingly . 


6 . 


5. This order issues with the concurrence of the Finance ( FMU.WR.II ) 
Department vide their U.O.Note.No.:FMUOMRAS(WR2)/86/2022-FMU-WR-II , 
( Computer No.1791293 ) dated : 18.08.2022 . 

Copy of this order is available in the apegazette.cgg.gov.in website . 
( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 


SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 


To 

The Engineer - in - Chief ( I ) , Vijayawada . 
Copy to : 

The Chief Engineer ( Projects ) , Kadapa . 

The Director of Works & Accounts , Vijayawada . 


Finance ( FMU.WR.II ) Department . 

The PS to Hon'ble Minister for WRD 


The PS to Principal Secretary ( WRD ) ; 

File No.ICD01 / 629 / 2021 - PROJ - III ( 1409948 ) 
SF / SC 


// FORWARDED :: BY ORDER // 


SECTION OFFICER 


